To:  Wharton,  Steve[Wharton. Steve@epa.gov];  O'Reilly,  Maureen[OReilly. Maureen@epa.gov]; 

Sisk,  Richard[Sisk. Richard@epa.gov] 

Cc:  Darling,  Mary  N NWO[Mary. N.Dariing@usace.army.mil] 

From:  Jenkins,  Joy 

Sent:  Wed  3/11/2015  4:29:40  PM 

Subject:  update  on  Captain  Jack 

Property  Owners  04Mar15.xls 


Steve,  Maureen  and  Riehard  - 


I and  Mary  Boardman  just  had  an  update  eall  on  Captain  Jaek.  Mary  updated  the  attaehed  table 
as  well  that  traeks  aeeess  and  RN’s. 


1)  We  have  an  aeeess  agreement  for  RA  from  all  property  owners  exeept  one  at  the  south  end  of 
the  site  where  we  may  be  plaeing  a “point  of  eomplianee”  monitoring  well.  (The  loeation  is 
going  to  be  field  fit  to  a eertain  extent  and  is  very  elose  to  the  property  line  of  two  properties.  We 
have  aeeess  from  the  other  property  owner.)  We  will  eontinue  to  attempt  eontaet  with  the 
property  owner  (asked  Maureen  to  look  for  updated  address),  but  this  is  not  eritieal  to  the  rest  of 
the  eonstruetion. 


2)  Mary  sent  letters  about  Use  Restrietions  (RN’s)  and  asked  for  meetings  to  talk  about  long 
term  aeeess  agreements  (easements).  No  one  has  responded  to  the  request  to  talk  about  long  term 
aeeess  agreements.  For  RN’s  we  got  a “No”  from  I'crazen  Na’me/Ex’'6  h^  questions  that  Mary  is 

fielding  from  I Name/Ex.  ej 


3)  There  are  3 properties  that  we  identified  for  long  term  easements.  From  above,  CDPHE  sent 
letters  with  no  response  yet.  I and  Mary  think  it  is  ok  not  to  push  for  easements  before 
eonstruetion.  We  already  have  aeeess  agreements  and  we  feel  we  may  be  in  a better  position  to 
negotiate  long  term  easements  after  eonstruetion.  We  will  then  have  an  exaet  deseription  of  the 
land  that  is  oeeupied  by  the  remedy  and  a better  sense  of  exaetly  what  requirements  we  need  to 
have  in  easement  agreement.  The  loeations  of  features  we  need  to  aeeess  long  term  are 
determined  by  field  conditions  and  locations  (i.e.  the  wells  into  the  mine  pool  have  to  be  located 
above  the  tunnel).  So  really  there  is  no  ability  to  negotiate  location  of  the  features  with  the 
property  owners. 


4)  CDPHE  is  sorting  out  whether  they  can  directly  acquire  the  easements  or  if  they  need 
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assistance  from  another  state  agency  or  EPA.  Again,  I am  not  seeing  this  as  critical  to  do  before 
the  construction. 


5)  Mary  is  contacting[» — to  set  up  an  in  person  meeting  in  Late  March  to  address  the  trees.  She 
and  I will  meet  withj— anyone  else  is  welcome  to  join. 


6)  Rough  schedule  for  RA,  the  design  contractor  will  assist  the  State  in  getting  the  bid  package 
buttoned  up  and  CDPHE  should  be  able  to  put  this  out  for  bid  around  May,  that  timing  will 
allow  for  a bid-walk  with  less  chance  of  snow  cover,  and  will  allow  a contractor  to  start  work  in 
August.  The  construction  schedule  is  relatively  short  and  is  expected  to  be  completed  before 
winter  sets  in. 


Let  me  know  if  you  have  any  questions  - Joy 


Joy  Jenkins,  Ph.D.,  P.E. 

Environmental  Engineer 

Remedial  Project  Manager 

Superfund  Remedial  Program  (8EPR-SR) 

U.S.  EPA  Region  8 

1595  Wynkoop  Street 

Denver,  Colorado  80202 

Phone:  303-312-6873 

Fax:  303-312-7151 

Travel/remote  work  phone:  720-951-0793 

E-mail:  ienkins.iov@epa.gov 


1778795 


ED  000552  00024403-00002 


1778795 


ED  000552  00024403-00003 


